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INTRODUCTION 


Projects  irrespective  of  its  size  require  precise  planning  of  the  various  detailed 
activities  involved  in  execution  of  the  project.  The  project  manager  has  the  job 
of  ensuring  that  the  project  is  executed  efficiently,  on  time,  and  within  budget  - 
which  he  or  she  achieves  by  ensuring  that  the  required  resources  and  funds 
are  available  as  and  when  needed. 

Projects  are  generally  part  of  the  internal  processes  of  a  company.  To  be  able 
to  control  all  tasks  in  project  execution,  you  need  an  organizational  form  that 
is  specific  to  the  project  and  which  is  shared  by  all  departments  involved. 
Before  you  can  carry  out  a  project  in  its  entirety,  the  project  goals  must  be 
precisely  described  and  the  project  activities  to  be  carried  out  must  be 
structured.  A  clear,  unambiguous  project  structure  is  the  basis  for  successful 
project  planning,  monitoring,  and  control. 

A  project  is  structured  as  per  the  following  points  of  view: 

s  By  structures,  using  a  work  breakdown  structure  (WBS) 
s  By  process,  using  individual  activities  (work  packages) 

Project  managers  usually  distinguish  between  two  types  of  project: 

s  Externally  financed  projects 

❖  Custom  er  projects 

v'  Internally  financed  projects 

❖  Overhead  cost  projects 

❖  Capital  investment  projects 


The  Project  system  has  no  organizational  structures  of  its  own.  You 
incorporate  into  your  existing  structure  by  making  assignments  to  the 
organizational  units. 

Thus  each  project  starts  with  the  definition  and  classification  of  the  structures 
required  for  processing  and  incorporating  these  into  existing  enterprise 
structure. 
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Project  System  Organizational  structure 
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1  Structures 


For  configuration  we  use  the  following  path  on  the  SAP  application  screen:- 

SAP  Menu  ->  Tools  ->  AcceleratedSAP  ->  Customizing  ->  SPRO  -  Edit 

d  ■  +  x  ^  SAP  Reference  IMG 

Project  -> 

We  will  not  refer  the  above  path  henceforth;  we  will  directly  refer  to  the 
IMG  node. 


1. 1  Operative  Structures  for  Work  Breakdown  Structure 
(WBS) 


1 .1 .1  Define  Special  Characters  for  Projects 

IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Project  Coding  Mask  ->  Define  Special 
Characters  for  Projects 


Here  you  specify  how  a  project  number  is  coded  for  editing.  You  can  maintain 
the  following  parameters  for  editing  the  project  number: 

•  The  length  of  the  key  for  project  coding . 

Here  you  can  assign  up  to  five  places  for  the  key. 

•  an  indicator  specifying  whether  the  key  must  have  this  exact  length  or 
whether  it  can  also  be  shorter 

•  special  characters  to  enter  WBS  elements  faster 

•  an  indicator  specifying  whether  only  coded  project  numbers  can  be 
used  to  create  projects 

Avoid  the  following  special  characters:  *,+,?  and  %.  These  special  characters 
are  used  for  specific  functions  in  the  system. 
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la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

1 

<10  Q  its  ®E1 

Change  View  ""Special  Characters  in  Project  Number  ’’:  Overview 


Thus  for  the  above  configuration  our  project  code  will  start  with  a  single  digit 
alphanumeric  code. 

We  have  defined  a  special  character  =  in  the  field  ET  (entry  tool  for  wbs 
element)  as  an  entry  aid.  (You  can  use  any  character  as  entry  aid,  the  system 
will  always  copy  the  identifier  of  the  superior  WBS  element) 

E.g.  You  want  to  insert  a  new  wbs  element  below  the  wbs  element 
V-6691001.05 

In  this  case  you  only  have  to  type  in  =01 ,  system  will  automatically 
supplement  the  key  as  V-6691 001 .05.01 


1 .1 2  Define  Project  Coding  Mask 

IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)->  Project  Coding  Mask->  Define  Project  Coding 
Mask 

This  configuration  is  already  done  while  creating  the  investment  management 
configuration.  The  Appropriation  request  number  and  the  Project  system 
number  (Top  WBS)  will  be  the  same. 


Here  you  define  the  coding  masks  for  Project  numbers.  You  can  create  a 
coding  mask  for  each  key  that  you  plan  to  use. 
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The  system  determines  the  coding  key  that  it  should  use  based  on  the 

first  character  of  the  coding  kev. 

You  can  use  the  following  symbols: 

•  X  for  alphanumeric  characters 

•  0  for  numeric  characters 

•  special  symbols  for  the  structure  of  the  appropriation  request  number 
We  enter  the  following  code  mask  for  key 

V -0000000.00.00.00.00 

Thus  the  project  number  V6691 001 0301  is  automatically  edited  to 
V-6691 001. 03.01 

The  configuration  was  already  done  in  Investment  management  which  can  be 
seen  below. 

The  appropriation  request  number  and  the  top  level  wbs  element 

number  will  be  the  same. 
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1 .1 3  Create  Status  Profile 


IMG  ->  Project  System  Structures  ^Operative  Structures  Work 
Breakdown  Structure  (WBS)  ->  WBS  User  Status  ->  Create  Status  Profile 

You  can  set  your  own  user  status  for  an  event. 

You  need  to  create  status  profile,  create  user  status  and  assign  various 
business  transactions  whic  h  will  influence  the  user  status. 


Click  on  ^ 

Update  the  following 


Click 


^  Continue 
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Update  the  following 
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Change  Status  Profile :  Allowed  Object  Types 


Click  on  0 
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Now  you  need  to  assign  the  user  status  to  the  business  transaction. 
Double  click  lINIT 


Change  Status  Profile:  Transaction  Control 
□  Q  i  ► 


jStatus  profllej 

91 0001 WB 

AM  Projects  WBS-Elements 

Status 

INIT 

Initial 

Transaction  Control 


Influence  Next  action 


Click  on 
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Status  profile: 
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Actual  Overhead  Distribution 
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Actual  activity  allocation 
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Actual  overhead  (periodic) 


Actual  settlement 


Assignment  order/WBS 


Autom.  gener.  settl.  rule 


Autom.  gener.  settl.  rule 


Update  the  following 
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Budgeting  permitted. 
Release  permitted 


Write  plan  line  items 


Click  on  0 
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to  update  business  transaction  for  the  next  status. 
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Release 
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Doubleclick  91QQQ1NW  |\M  Projects  Networks 
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Change  Status  Profile :  Allowed  Object  Types 
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Update  the  following 
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1 .1 .4  Define  Partner  Determination  Procedures  and  Roles 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Define  Partner  Determination  Procedures  and 
Roles 

Here  you  define  partner  roles,  assign  them  to  keys  dependent  on  the  logon 
language,  and  define  partner  structures  and  assign  partner  roles  to  them. 


Double  click  Def'ne  Partner  Determination  Procedures  and  Partner  Roles 
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Update  the  following 
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Update  the  following 
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View  "Partner  Schemas  Work  breakdown  structure  (WBS )"  Change:  Overview 


Click  on 


y 


1 .1 5  Create  Project  Profile 


IMG  ->  Project  System  ->  Structures  ^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Create  Project  Profile 

This  step  has  already  been  configured  in  Investment  Management 
configuration  step  4.1 .2 

Here  you  define  project  profiles  for  capital  investment  measures.  The  most 
important  control  feature  in  the  project  profile  of  capital  investment  measures 
is  the  investment  profile.  You  can  assign  the  investment  profile  in  the  step 
Define  investment  profiles. 


The  project  profile  contains  default  values  such  as  controlling  area,  company 
code  and  other  control  parameters  such  as  the  planning  method  for  dates  and 
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costs. The  data  that  you  enter  in  the  project  profile  will  be  copied  into  a  project 
in  its  project  definition  or  in  the  WBS  elements  which  can  later  be  overwritten. 

Let  us  see  the  configuration  parameters  for  project  profile 

Z9GG1  Investment  projects 


Double  click  on  lZ90Q1 


Click 


Controlling 


Investment  projects 


Change  View  "Projecf  Profile”:  Details 


New  Entries 
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PS  Budget  Profile 

Period-end  closing 
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13GGGG 
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Results  analysis  key 
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Capitalization  key  Area  1  and  area  2 
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Settl  assets  under  const  A  Grp 

Settmt  rule  strat. 

Z1 

Settlement  Rule  Inheritance 

Graphic 

Budget  profile  group 

PS 

Graph. profile  budget  HIERARCHY_B 
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Remove  the  costing  sheet  and  interest  profile 
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PS 

Graph.profile  budget  HIERARCHY_B 

Click  on 


y 
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1 .1 .6  Create  Project  Types  for  WBS  Elements 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Create  Project  Types  for  WBS  Elements 


The  project  type  does  not  influence  program  control  or  screen  selection. 

You  can  use  the  project  type  as  a  filtering  criterion  in  the  information  system 

We  will  use  the  project  type  IP. 


Change  View  "" Project  Types"":  Overviev 


New  Entries  B  H  B  [] 

..  

Typ  [Description 

1331 

IP  [capital  Investment 

0 

PM  lO  1  “I  h-|+  l--r-|  “I  i  “i  I--.  K.-|  i  .-■  + 

f^i 

1 .1 .7  Specify  Applicants  for  WBS  Elements 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Specify  Applicants  for  WBS  elements 

You  can  define  here  Applicants  for  WBS  elements 


Click  on 


New  Entries 
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Update  the  following 


& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Hel| 

m 

0  0  00  ©  0  [ 

We  iv  Entries:  Overview  of  Added  Entries 


Click  on 


0 


1 .1 5  Specify  Persons  Responsible  for  WBS  Elements 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Specify  Persons  Responsible  for  WBS 
Elements 


You  can  define  here  persons  responsible  for  WBS  elements 


Click  on 


New  Entries 


[& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

0 

i 

<10  00©  Q  GQ  ca  I 

We iv  Entries:  Overview  of  Added  Entries 

*p  b  b>  ®  n 


J 

|Respons. 

Name  of  resp. person 

Office  user 

DB 

J 

200 

Jerry  Jones 

s 

1 

2G1 

Angeline  Reyes| 

— 

1 

KL 

n 

1 

Click  on 


0 


PS  Configuration  Page  29  of  1 22 


1 .1 .9  Define  Priorities  for WBS  Elements 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Define  Priorities  for  WBS  Elements 

You  can  define  here  priorities  for  WBS  elements.  There  are  already  some 
standard  priorities  defined  in  SAP.  We  will  work  with  them  and  not  configure 
new  ones. 


|  1=7 

lableView  Edit  Goto  Selection  Utilities  System  Help 

(ft? 

a 

o  0  ©© ©  a  ca i $ 

Change  View  ’’Priorities  Overview 
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1.1 .10 


Define  Field  Selection  for  Work  Breakdown  Structures 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  User  Interface  Settings  ->  Define  Field 
Selection  for  Work  Breakdown  Structures 

Here,  you  can  make  a  field  selection  for  the  screens  of  the  project  definition 
and  the  WBS  elements. 

You  can  specify  modifiable  and  influencing  fields. 


^j  Choose  9C 
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Field  Selection:  Modifiable  Fields 


3  Modified  ^  Influencing  ^  Screen  groups  £  Influences 


Screen  group 


Project  definition 


Modifiable  fields 

Modifiable  field 

Field  name 

Input 

Req.  Disp.  |Hide  HiLi 

Applicant  no. 

PROJ-ASTNR 

El 

«  P  19  if  Q  s 

Jh. 

Jk. 

■W 

Automatic  reqmnts  grouping 

PROJ-GRTOP 

$ 

□ 

Budget  profile 

PROJ-BPROF 

11  1 1  HI  iHUH  IP  ill 

Business  area 

PROJ-VGSBR 

_ 

i 

Changed  by 

PROJ-AENAM 

1  01 1  □ 

Company  code 

PROJ-VBUKR 

□ 

«- 

Controlling  area 

PROJ-VKOKR 

m  I  ici  i  i  □.  I 

Created  by 

PROJ-ERNAM 

#  p  o  Qi  □ 

Created  on 

PROJ-ERDAT 

m 

□ 

Description 

PROJ-POST1 

$ 

□ 

Factory  calendar 

PROJ-KALID 

m 

□ 

Finish  date 

PROJ-PLSEZ 

O 

«  ID  | 

Finish  date  (frost) 

PROJ-EPROG 

m 

o  o  o  □ 

Forecast  start  date 

PROJ-SPROG 

«  |  o  |  o  ei i  □  i 

Int. calc,  profile 

PROJ-ZSCHM 

m  iM  * 

Integrated  planning 

PROJ-PLINT 

Investment  profile 

PROJ-IMPRF 

®  §i» 

Jurisdiction  code 

PROJ-TXJCD 

Last  basic  sc  tied. 

PROJ-AEDTE 

«  U 

Last  change 

PROJ-AEDAT 

«  I  91  o  I  □  I  Dll 

Last  forecast  sched. 

PROJ-AEDTP 

I  |  |  n 

Location 

PROJ-STORT 

o 

□ 

o 

k 

Network  asst 

PROJ-ZUORD 

m 

o  o  1  o  □ 

Network  profile 

PROJ-VPROF 

o  o  o  □  ~ 

No  project  stock 

PROJ BEST NOBEST 

0  P;  P  □  j 

Non-valuated  stock 

P  RO  J B  E  ST U  N  BVVRT 

$ 

□DC 

Object  class 

PROJ-SCOPE 

m 

□ 

PartnerDetermProced. 

PROJ-PARGR 

m 

O  O  Q:  □ 

Payment  plan  profile 

PROJ-FMPRF 

m  Q;C  -p,  J  :'vp;  □ 

Person  responsible 

PROJ-VERNR 

*  bo  sip  □  1 

Plan.meth/fcst  dates 

PROJ-EWPLF 

m  3  t  UP  : 

PlanMeth/basic  dates 

PROJ-VGPLF 
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Field  selection  Edit  Goto 

Utilities  System  Help 

© 

i 

00  ©  ©  ©  BE  Q^asui]  ®ffl 

Field  Selection:  Modifiable  Fields 


Modified  &  Influencing  ^  Screen  groups  ^  Influences 
:Screen_group_:  WBS  element 
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1.1 .11 


Create  User-  Defined  for  WBS  Elements 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  User  Interface  Settings  ->  Create  User- 
Defined  Fields  for  WBS  Elements 

User  defined  text  fields  can  be  used  as  additional  information.  The  user 
defined  fields  are  not  checked  by  the  SAP  system.  But  checks  can  be  done 
through  an  enhancement. 

The  fields  available  are 
General  text  fields 
Quantity  fields 
Value  fields 
Date  fields 
Check  boxes 

The  key  words  for  the  user-defined  fields  are  determined  by  a  key  word  ID. 


Let  us  see  an  SAP  standard  Field  key. 


|Fld  key 

Description 

^  ,  GGGGGG1 

Doubleclick  1! 

User-[defined  fields 
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& 

lableView  Edit 

Goto 

Selection  Utilities  System  Help 

& 

i 

<i  y  e (a ca i  © ^ a ©juia 

Change  View  "User  fields":  Details 

New  Entries 

O  B 

asm 

Field  key 

0000001 

[Jser-defined  fields 

Field  1 
Field  3 
Number  1 
Number  3 
Date  1 
Indicator  1 


Authorization  object 


Field  2 


Text 

Text 

Quantity 
Val  ue 
Date 

Checkboxes 


1.1.12  Maintain  Substitutions 


IMG  ->  Project  System  ->  Structures  ^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Maintain  Substitutions 

We  will  create  a  substitution 

If  responsible  person  entered  in  WBS  is  200  -  Jerry  Jones  then  update  the 
responsible  cost  center  as  91 04001 

If  responsible  person  entered  in  WBS  is  201  -  Angeline  Reyes  then  update 
the  responsible  cost  center  as  9104002 
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Substitution  Edit  Goto  Extras  Environment  System  Help 


hie] 


Change  Substitution:  Overview 

□  Substitution  j  Step  |  □  Rule 


Substitutions 

_1  Project  System 
0  0  Project  definition 

\>  [0  WBS  element 


l>  0  Consistency  check  sales 
l>  0  Consistency  check  projec 
l>  0  Network  header 
l>  0  Network  activity 


EEC 


3EEDEE 


Applicatn  area 
Callup  point 


Project  System 
WBS  element 


In  this  activity,  you  can  create  and  maintain  substitutions. 

Actions 

1.  Expand  the  hierarchy  to  the  desired  application  area  and  event 

2.  Select  the  substitution  that  you  can  to  change  or  use  as  a  template 

3.  Proceed  according  the  the  instructions  for  creating  and  maintaining  substitutions 

Create  substitution 

a.  To  create  a  substitution  without  a  template,  select  an  event  and  choose  the  Create 
substitution  button 

b.  To  create  a  substitution  using  a  template,  choose  the  Copy  substitution  button. 

Maintain  substitution 

a.  Create  a  substitution  step  and  select  a  substitution  step  to  be  edited. 

b.  If  you  want  to  insert  a  step,  you  have  to  select  the  field  that  is  to  be  changed.  Enter  the 
prerequisite  and  define  how  the  substitution  is  to  be  carried  out. 


Transport  type 


You  transport  substitutions  manually  into  the  productive  system  using  the  function 
“Substitution" ->  "Transport". 


You  can  also  transport  substitutions  using  a  specific  Customizing  transaction.  For  more 
information,  see  the  "Transport  Substitutions"  activity. 


|  DEV  (1)  (800)  El  server  INS  SI 


_  ,  . . , __ __  ,  ,  ,  Q  Substitution 

Position  the  cursor  on  WBS  element  and  Click  _ 

Update  the  following:- 


Create  Substitution:  New  substitution  (Header  data) 


C[]  Q  Substitution  Q  Step  Q  Rule 


Substitutions 

^  (Hi  Project  System 

D  ©  Project  definition 

^  ©  WBS  element 

l>  □  PSSUB01 

Set  cost  c 

i>  □ 

New  sub: 

Substitution 


Applicatn  area 
Callup  point 


ZAG0GG1  Substitute  Responsible  cost  center| 


PS  Project  System 

12G  WBS  element 


\> 

D 

[> 


[>  Rules 

®  Consistency  check  sales 
©  Consistency  check  projec 
©  Network  header 
©  Network  activity 


Authorization 

Created  by 

G0:0G:G0 

Changed  by 

00:00:00 

Click 


□  Step 
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Click  ^ 
Select 


Click  ^ 
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[^Entering  the  substitution  method 


How  would  you  like  to  substitute 
field  PRPS-FKOKR  ? 

With: 


■  o  Constant  value 


Field  -  Field  assignment 


0® 


Click 


& 
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Update  the  following:- 


Create  Substitution:  ZA00001  -  Step  001  -  Overview 


[Q  Q  Q  Substitution  Q  Step  Q  Rule 


Substitutions 

Set  cost  c 

Set  cost  c 

Substitution 

ZA0OO01  Substitute  Responsible  cost  center 

^  CJ  Project  System 

D  ©  Project  definition 
^  ©  WBS  element 
^  £3  PSSUB01 
^  D  Step  001 

Step 

001  Check  Responsible  person| 

Prerequisite 

^  Prerequisite 
Substitutions 

(for  fulfill! 

^  Dzaooooi 

Substitute 

^  P  Step  001 

New  step 

Prerequisite 
dp:P  Substitutions 

(for  fulfill! 

Substitutions  (if  prerequisite  is  met) 

Field  is  substituted  by: 

Resp.  cost  entr  Constantvalue 

\>  Rules 

D  ©  Consistency  check  sales 
D  ©  Consistency  check  projec 
[>  ©  Network  header 
©  Network  activity 

Prerequisite 

Double  click  ffFi- 


Create  prerequisite;  ZAOOOOI  Step  001 
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Double  click 


WBS  (Work  Breakdown  Structure)  Element  Master  Data 


Create  prerequisite:  ZAOOOOI  Step  001 


Click  t]  to  scroll  down  the  fields 
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Create  prerequisite:  ZA00001  Step  001 


& 


Click 


Formula  Edit  Settings  Substitution  System  Help 


e 

Short  descriptions 

Q 

Change  prer 

lechnical  Names  Ctrl+F2 

)1 

Expert  mode  Ctrl+F3 

mmmrni 

;ubstitution  1  1  Step  1  1  Rule  lU 

The  technical  names  as  well  as  short  description  will  be  displayed. 


He7 

Formula  Edit 

Settings  Substitution  System  Help 

© 

Short  descriptions  Ctrl+FI 

lechnical  Names 

0 

Change  prer 

1 

Expert  mode  Ctrl+F3 

CD  Q  Q  Substitution  □  Step  □  Rule  |  [£■ 

Substitutions 

Further  click  I^IsT  PKnior-t  Qwcta kvi 
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Table  Fields  i  Rules  Exits 


WBS  (Work  Breakdown  Structure)  Element  Master  Data 


Techn.  Name 

Short  Descript. 

pRPS-USR07i 

UF  value  2  WBS 

PRPS-USR08 

UF  date  1  WBS 

PRPS-USR09 

UF  date  2  WBS 

PRPS-USR1  0 

UF  INd.  1  WBS 

PRPS-USR1 1 

UF  INd.  2  WBS 

PRPS-VERNA 

Person  Respons. 

PRPS-VERNR 

Person  Respons. 

PRPS-VLPKZ 

Reference  WBS 

PRPS-VLPSP 

Ref.WBS  element 

PRPS-VNAME 

JointVenture 

PRPS-WERKS 

Plant 

PRPS-XSTAT 

Statistical 

& 

CG 

C8 

4= 


Double  click  PRPS-VERNR  person  Respons. 


Eormula  Edit  Settings  Substitution  System  Help 


Change  prerequisite:  ZAOOOOI  Step 

C  0  □  Substitution  □  Step  □  Rule 


m 


Element  From  Cursor  Insert  End  insertion  Concatenate  B  & 
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Click  - 

:  Constant 

Click 

Update  the  following 


Take  a  drop  down  in  the  field  and  select 


00000200 


Jerry  Jones 


&  Enter  constants: 


Person  Respons. 


000p0200 


g 


0 


✓  X 


Formula  Edit  Settings  Substitution  System  Help 


Change  prerequisite:  ZAOOOOI 
[Q  0  □  Substitution  □  Step  □ 


Step 

Rule  0  Element  |  From  Cursor  Insert  End  insertion  |  Concatenate  B  & 

=— or 


Substitutions 
^  CD  Project  System 
\>  0  Project  definition 
*  ©  WBS  element 

I>DPSSUB01  Set  cost  c 

*  D  ZA00001  Substitute 

^  0  Step  001  Check  Re 

^  Prerequisite 
□  □□  Substitutions  (forfulfilli 
l>  □  Step  002  Check  Re 

D>  ^  Rules 

1>  ©  Consistency  check  sales 
l>  ©  Consistency  check  projec 
O  ©  Network  header 
l>  ©  Network  activity 


DEC 


PRPS-VERNR  =  '00000200' 

riLM.Co  24 

Ln  1  -  Ln  2  of  2  lines 

Table  Fields  t  Rules  ,  Exits 


WBS  (Work  Breakdown  Structure)  Element  Master  Data 

Techn.  Name 

Short  Descript. 

PRPS-USR07 

UF  value  2  WBS 

0 

PRPS-USR08 

UF  date  1  WBS 

0 

PRPS-USR09 

UF  date  2  WBS 

PRPS-USR10 

UF  INd.  1  WBS 

PRPS-USR1 1 

UF  INd.  2  WBS 

PRPS- VERNA 

Person  Respons. 

PRPS-VERNR 

Person  Respons. 

PRPS-VLPKZ 

Reference  WBS 

PRPS-VLPSP 

Ref.WBS  element 

PRPS-VNAME 

Joint  Venture 

PRPS-WERKS 

Plant 

0 

PRPS-XSTAT 

Statistical 

0 

& 


= 

<> 

( 

) 

>= 

<= 

< 

> 

AND 

OR 

<-> 

NOT 

IN 

LIKE 

+ 

* 

u 

TRUE 

FALSE 

USE  □EE 


DEV  (2)  (800)  EH  server  INS 


Doubleclick  Substitutions 
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Update  the  following 


pEz 

Substitution  Edit  Goto  Extrs 

is  Environment  System  Help 

'<i0  ©©© i b 

Create  Substitution:  ZAOOOOI  -  Step  001  -  Substitutions 


Click  on  0 


Position  cursor  on 


^  0  Step  001 


Click  E 


Click  on 


y 


Click  back  and  again  open  ©  WBS  element 
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Change  Substitution:  ZA00001  (Header  data) 


[Q  0  □  Substitution  □  Step  □  Rule 


Substitutions 

^  C]  Project  System 

D  0  Project  definition 
^  0  WBS  element 

0  CJ  PSSUB01 

Set  cost  center 

V  p  ZAOOOOI 

Substitute  Responsible  cost ... 

v  Step  001 

Check  Responsible  person 

Prerequisite 
□Xo  Substitutions 

( for  fulfilled  requirements ) 

^  C]  step  002 

Check  Responsible  person 

^  Prerequisite 
"xa  Substitutions 

( for  fulfilled  requirements ) 

0  <gg  Rules 

\>  0  Consistency  check  sales 
t>  0  Consistency  check  projec 
t>  0  Network  header 
l>  0  Network  activity 


Substitution  ZAOOOOI  Substitute  Responsible  cost  center 


Applicatn  area 

PS 

Project  System 

Callup  point 

120 

WBS  element 

Authorization 

Created  by 

SAPUSER 

17.10.2006 

12:52:11 

Changed  by 

SAPUSER 

17.10.2006 

13:01 : 58 

Doubleclick  ^  _ I  Step  002  Check  Responsible  persoi 

Double  click  ^  Prerequisite 


Change  prerequisite:  ZAOOOOI  Step  002 


Change  00000200  to  00000201 
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& 

Formula  Edit  Settings  Sub 

stitution  System  Help 

®  El 

o  y  ©@©  Ecaca  ©a 

Change  prerequisite:  ZA00001  Step  002 


Double  click 

□■*(□  Substitutions  (for fulfilled  requirements) 


& 

Substitution  Edit  Goto  Extras  Environment  System  Help 

lo 

oy  qgo  aooa  uni  ®  a 

Change  Substitution;  ZA00001  -  Step  002  -  Substitutions 


[Q  0  D  Substitution  □  Step  □  Rule 

Substitutions 

Substitution  ZAOOOOI  Substitute  Responsible  cost  center 

^  C_|  Project  System 

0  0  Project  definition 
^  0  WBS  element 
l>  □  PSSUB01 
*  D  ZA00001 

Set  cost  center 

Substitute  Responsible  cost ... 

Step  002  [Check Responsible  person 

BBH 

^  0  Step  001 

^  Prerequisite 
&  Substitutions 
v  £}  step  002 

Check  Responsible  person 

(for fulfilled  requirements) 

Check  Responsible  person 

Substitutions  (if  prerequisite  is  met) 

Field  is  substituted  by: 

□  CA(resp.)  Constant  value  91 00 

□  Resp.  costcntr  Constantvalue  9104001 

^  Prerequisite 

Substitutions 

D>  Rules 

D>  0  Consistency  check  sales 
t>  0  Consistency  check  projec 
\>  0  Network  header 

D>  0  Network  activity 

(for  fulfilled  requirements ) 
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Update  the  following:- 


Substitution  Edit  Goto  Extras  Environment  System  Help 


Change  Substitution:  ZA00001  -  Step  002  -  Substitutions 

CD  Q  □  Substitution  □  Step  □  Rule 


Substitutions 

^  □  Project  System 

C>  ©  Project  definition 
^  ©  WBS  element 
[>  □  PSSUB01 
^  □  ZA00001 

Set  cost  center 

Substitute  Responsible  cost ... 

^  Step  001 

Check  Responsible  person 

^  Prerequisite 
Substitutions 
^  □  Step  002 

(for fulfilled  requirements) 

Check  Responsible  person 

^  Prerequisite 

Substitutions 

(for fulfilled  requirements ) 

t>  ^  Rules 

l>  ©  Consistency  check  sales 
l>  ©  Consistency  check  projec 
t>  ©  Network  header 

D  ©  Network  activity 

Substitution 

ZA00001  Substitute  Responsible  cost  center 

Step 

002  [Check  Responsible  person 

Substitutions  (if  prerequisite  is  met) 


Field 

□  CA  (resp.) 

□  Resp.  costcntr 


is  substituted  by: 
Constant  value 
Constant  value 


9100 

9104002 


Click  on 


y 


1.2  Operative  Structures  for  Network 


1.2.1  Maintain  network  types 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Network-^ 
Settings  for  Networks  ->  Maintain  network  types 


The  network  type  contains  information  for  controlling  and  managing  networks. 

In  the  SAP  System,  the  network  is  a  special  form  of  thework  order  which  has 
a  structure  in  common  with  production,  maintenance  and  inspection  orders. 
Every  network  you  create  must  have  a  network  type  allocated  to  it. 


Click  on 


New  Entries 
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Update  the  following 


& 

lableView  Edit  Goto  Selection  Utilities  System  Help 

© 

B 

oyl©@e  a  icaia^emnE]  ® 

New  Entries:  Details  of  Added  Entries 


Click  on 


0 


Click  on 


Number  range  general 
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Number  range  object  Edit  Goto 


interval  System  Help 


& 

&  ]  Insert 

F6 

is  i  $ 

Maintain  Number  Range  t  Mamtam  text 

Expand 

F7 

FS 

ElemenVGroup 

Number  Range  Object  Order 

Groupi ng . 

Click 


Click  ® 


Click  on  0 


□  am  Operative  Networks  (account  assignment  on  header) 


Not  Assigned 

PPC1  Order  Type  for  Costi ng 
PPK1  PP  Production  Order  for  Kanban 
QM01  QM:  Sample  Drawing  Instruction 
QM02  QM:  Inspection  Instruction 
Z901  Text  does  not  exi st 
ZCNT  Refurbishment  Order 


Click  °Pera't'ive  Networks  (account  assignment  on  header) 
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Click 


Z9G1  Text  does  not  exist 


Click  ^ 


Click  ^  Element/Group 

0AM  Operative  Networks  (account  assignment  on  header) 
Z901  Text  does  not  exist 


Click  on  0 


Click 

e 

p=7 

lable  V 

ew  Edit  Goto  Sele 

ction  Utilities  System  Help 

& 

<iy  ©  a 

Change  View  "Maintain  Network  Types":  C 


■p  d 

New  Entries 

ml 

B  IE  D 

Type 

Name 

□ 

Z9G1 

AM  Network  type|header  account 

0 

- - - - FFl 


Similarly  create  Network  type  for  activity  type  account 


Click  on 


New  Entries 
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Update  the  following 


lableView  Edit  Ooto  Selection  Utilities  System  Help 

© 

0B)|©@®  Q  0  G£j  S  ¥3  £3  S  HD  0  <D 

We  iv  Entries:  Details  of  Added  Entries 
B  0  0 


Order  category 


OrderType 


2G  Network 


Z9G2  AM  Network  type  activity  account 


Control  indicator 

CO  partner  update 

Semi-active 

□  Classification 

□  Planning 

Reorganization 

24  Months 

1  Months 

Residence  Timel 

Residence  Time2 

Costs 

Functional  Area 

Object  Class 

OCOST  Overhead  costs 

Settlmt  Profile 

i  © 

Status  management 
Status  profile 


□Release  immed. 


Number  range  general 


Click  on 


y 


Click 


Number  range  general 


Similarly  create  a  group  and  assign  a  number  range. 
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1 .2.2  Specify  Parameters  for  Network  Type 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Network-* 
Settings  for  Networks  ->  Specify  Parameters  for  Network  Type 

Here  you  define  the  parameters  per  plant  and  network  type. 


Click  on  NewEntries 
Update  the  following 


& 

la 

bleView  Edit  Goto  Selet 

tion  Utilities  System  Help 

a 

ooiGsci  a  miaoaa  mm 

New  Entries:  Details  of  Added  Entries 
B  &  0 


Plant 


Network  Type 


91  GG 


Z9G1 


Network  type  parameters 

Strategy 

G3 

□  Wrkflw  PO  chg. 

Default  Rule 

PS1 

0  ActvtyAcctAsgn. 

Red.  strategy 

□  Net  order  price 

CstgVariantPlan 

PSG2 

□  CollctveRequstn 

CstgVariantActl 

PS03 

Plan  Cost  Calc. 

2  Determine  plan  costs 

i 

Status  change  documents 

0  Change  document 

Documents 

0  OrdStatChangeDc 

0  OpStatChangeDoc 

0  MatStatChngeDoc 
(0  PRTStatChangeDcj 

BOM  Usage 

BOM  application 

Change  Management 

Change  profile 

□ 


PDC  active 


PS  Configuration  Page  52  of  1 22 


Click  on  O 
Click 


© 


Click  on  NewEntries 
Update  the  following: 


& 

lableView  Edi 

Goto  Selection  Utilities  System  Help 

a  |  <i  y|  ©  ©  ©  a 

New  Entries:  Detofts  of  Added  Entries 

S  SI  @ 

Plant 

91  0G 

Network  Type 

Z902 

Network  type  parameters 

7 

0  Wrkflw  PO  chg. 

Strategy 

G3 

Default  Rule 

PS1 

0  ActvtyAcctAsgn. 

Red.  strategy 

Net  order  price 

CstgVariantPlan 

PSG2 

□  CollctveRequstn 

CstgVariantActl 

PSG3 

Plan  Cost  Calc. 

2  Determine  plan  costs  Hi 

Status  change  documents 

0  Change  document 

Documents 

0OrdStatChangeDc 

0  OpStatChangeDoc 

|0  MatStatChngeDoci 

PRTStatChangeDc 

BOM  Usage 


BOM  application 


a 


Change  Management 


Change  profile 


□  PDC  active 


Click  on  0 
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1.2.3  Maintain  network  profiles 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Network-* 
Settings  for  Networks  ->  Maintain  network  profiles 

The  network  profile  contains  default  values  and  parameters  for  controlling  the 
processing  of  networks,  such  as  control  keys  for  activities. 

The  data  which  you  enter  here  in  the  network  profile  is  copied  into  the  header, 
activities,  and  activity  elements  when  you  create  a  network.  You  can  overwrite 
these  values  in  each  new  network. 


& 

lableView  Edit  Goto 

Selection  Utilities  System 

Help 

0 

&  0  0  ]©©  0  1 

a 

Change  View  ’’Network  Defaults":  Overview 


^2 

New  Entries 

[ft 

S 

m 

B  B 

□ 

Profile 

Description 

rffi 

0G0G0G1 


NetworkProfile  head.-as^igned  (template) 


0000002 


NetworkProfile  act.-assigned  (template) 


Select 


0000001 


NetworkProfile  head.-as^igned  (template) 
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tr¬ 
iable  View  Edit  Goto  Selet 

tion  Utilities  System  Help 

© 

a 

■<iyie@©iQ[a[j3isioJQ£i!]0i®m 

Change  View  " Network  Defaults  Details  of  Selected  Set 


Network  Profile 


GG0GGG1 


NetworkProflle  head.-assigned  (template) 


Network  Graphic  Activities 

Activity  parameters 
Internally  processed  activity 

Control  key  PS01  Network- int.  processing  w/costing 

Mat.cost  elem. 

Unit  for  work 
Norm.duratn  un. 

Calculation  key 


General  costs  activity 

k-  general  costs  activity 

Control  key  PS03  Networ 

Cost  element 

415GG0 

Ext.  procurement 

Service 

Control  key 

PSG5  Network-  service 

Cost  element 

415GG0  Ext.  procurement 

Material  Group 

Purch.  Group 

Unit  of  measure 

Externally  processed  activity 

Control  key 

PSG2  Network- external  processing 

Cost  element 

415GG0  Ext.  procurement 

Currency 

EUR 

n . . L-. -1  u u u  inm  r-. L-. i .-j 

@  Specify  target  entries 
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Update  the  following 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

& 

3 

o  y  i  e  i  a  go  G3 1  a  ^  sa  i  he  d 

Change  View  "Network  Defaults":  Detaiis  of  Selected  Set 


Network  Profile 


Z9GGG01 


AM  Network 


profile  header  acct. 


Network  Graphic  Activities 


Network  parameters 

Plant 

Frankfurt 

Network  Type 

Z901 

Network  with  Header  Assignment  (int.no.) 

Planner  group 

* 

all: 

MRP  cont.group 

MEIER 

Rel.  view 

3 

Mixed 

Res./Purc.  req.  3 

Level  of  detail 

20 

0  Cap.  reqmts 

Comp,  increment 

1 

Entry  tool 

Op./act.  incrmt 

0010 

0  Project  sum. 

Check.  WBS  act. 

w 

No  check 

Align. Fin.  date 

Overview  var. 

000000000004 

0  Proj.  summ.  MastDa 

Procurement 

Field  key 

00000G1 

Version  prof. 

G0000G1 

Validation 
Network  header 
Netwk  activities 


Substitution 
Network  header 
Netwk  activities 
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Click 


Graphic 


Network  Profile  Z9GGGQ1  Network  profile  header  acct. 


Network  Graphic  j  Activities 


Graphic 


Graphic  prfl 

PS  NETWORK 

Rel.  display 

1 

Color-Subnetwk. 

BLUE 

Display  options 

1 

Colorfor  doc.s 

DARKRED 

SearchTxtlndexI 


SearchTxtlndex2 


Color  milestone 

BROWNJ 

Colorfor  mat. 

GREEN 

Colorfor  elem. 

GRAY 

SearchTxtlndex3 

Prf  planning  board 

SAPPS_TPGGG1 

Overall  profile  ID 

SAPPS_G007 

PS:  Network  weekly  period  split  (graph.) 
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Click 


Activities 


Network  Profile  Z9GGGG1  J\M  Network  profile  header  acct. 


Network  L  Graphic  1  Activities 


Activity  parameters 


Internally  processed  activity 


Control  key 
Mat.cost  elem. 
Unit  for  work 
Norm.duratn  un. 
Calculation  key 


PSG1  Network-  int.  processing  w/costing 


n 

DAY 

rri 


General  costs  activity 

Control  key  PSG3  Network- general  costs  activity 

Cost  element 


Service 

Control  key 

PSG5  Network-  service 

Cost  element 

44G515 

Material  Group 

Purch.  Group 

Unit  of  measure 

Externally  processed  activity 


Control  key 
Cost  element 
Currency 


PSG2 


Network-  external  processing 


43GGG4 


s-ouuus- 

□ 


Purchasing  Ora.  91  GO  A  Ltd  Purch  Ora 


Press  enter 


Click  on 


y 


Select 


G0G00G2 


NetworkProfile  act.-assigned  (template)l 
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Update  the  following 


& 

Table  View  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

ill 

<i  y  i  ©©©  i  q coca i  sms  1 10  m 

Change  View  " Network  Defaults  Details  of  Selected  Set 


Network  Profile 


Z9G0G02  NetworkProflle  activity  acct 


Network 


Graphic  Activities 


Network  parameters 


Plant 

Frankfurt 

NetworkType  Z9G2 

jNetvvtirkwith  Operation  Assignment 

Planner  group 

MEIER 

ted 

MRP  cont.group 

Rel.  view 

3  Mi> 

Level  of  detail 

2G 

Comp,  increment 

1 

Op. /act.  incrmt 

GG1G 

Check.  WBS  act. 
Overview  var. 
Procurement 


No  check 


l 


0G0G00G0G0G4 


Res./Purc.  req. 

0  Cap.  reqmts 
Entry  tool 
0  Project  sum. 

Align. Fin.  date 
0  Proj.  summ.  MastDa 


Field  key 

0G0G001 

Version  prof. 

0G0GG01 
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Click  Grapl® 


& 

Table  View  Edit  Goto  Selection  Utilities  System  Help 

1 

<1 

Change  View  "Network  Defaults":  Details  of  Selected  Set 
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Click  Activities 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

■ 

«  y  i i a caca i i mm  <s 

Change  View  "Network  Defaults":  Details  of  Selected  Set 


Press  Enter 
Click  on 


y 
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1.2.4  Set  Up  Number  Ranges  for  Network 


IMG  ->  Project  System  ->  Structures  ^Operative  Structures  -*  Network-* 
Settings  for  Networks  -*  Set  Up  Number  Ranges  for  Network 


We  had  already  created  the  number  groupsand  number  ranges  while 


configuring  the  network  which  can  be  seen  by  clicking 


Groups 


□  AH  Operative  Networks  (account  assignment  on  header) 
Z901  AH  Network  type  header  account 

□  AH  Operative  Networks  (acct.  assignment  for  activty) 
Z902  AH  Network  type  activity  account 


1.2.5  Define  Control  Key 


IMG  -*  Project  System  -*  Structures  -^Operative  Structures  -*  Network-* 
Settings  for  Networks  -*  Define  control  key 

Here  you  create  the  control  keys  for  different  activities  and  activity  elements. 
The  control  key  determines  which  business  transactions  are  carried  out  when 
an  activity  is  processed  whether  it  is  internal  activity,  external  activity  or  both 
is  possible. 


You  specify  the  indicators  and  keys  for  the  various  functions  in  the  control 
key. 

We  have  used  the  SAP  standard  control  keys  PS01 ,  PS02  and  PS05  for 
networks. 


Let  us  check  the  settings. 
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Table  View 


Selection  Utilities  System 


0 


i  oy  C©  ©  Q  )  C8  I  Q  ^0  £3  Q 


Change  View  "Activity  Control  Key":  Overview 

*P  New  Entries  HQ  B  Iji  QJ, 


Ctrl 

Control  key  description 

PP03 

n-house  prod,  only  display  and  print 

- 

PPG4 

n-house  production  without  confirmation 

E 

PPG5 

n-house  production  without  cap.reqmts 

PPG6 

n-house  production  with  inspect.chars 

PPQ7 

n-house  production  rework 

PPGS 

PP95 

Control  key  with  confirmation 

H 

PP97 

n-house  prod,  milestone  with  check  +  GR 

PP98 

n-house  prod,  milestone  without  GR 

PP99 

n-house  prod,  milestone  with  GR 

PPQM 

n-house  prod,  milestone  w /  GM-lnspecti. 

PSG1 

Network-  int.  processing  w/costingj 

PSG2 

Network-  external  processing 

PSG3 

Network  -  general  costs  activity 

PSG4 

Network-  int.processing  without  costing 

PSG5 

Network-  service 

E 

PSQ6 

Network-  act.  replaced  by  PM  order 

E 

0B1 


Entry  1 9  of  50 


Double  click 


PS01  Network  -  int.  processing  w/costing] 
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& 

lable  View  Edit  Goto  Selection  Utilities  System  Help 

1 

001©©©  B  adSiSBB®  HE  ® 

Change  View  "Activity  Control  Key”:  Details 


New  Entries 

B  ^  S 

0  HI 

Control  key 


PSG1 


[network-  int.  processing  w/costing 


Indicators 

0  Scheduling 

0  Print  confirm. 

0  Det.  Cap.  Req. 

0  Print 

Gen.  costs  act. 

Sched.ext.op. 

0  Cost 

0  Print  time  tic. 

Confirmation 

2  Confirmation  required 

Ext.  processing 

Internally  processed  operation 

□  Service 

Call  up  long  text 


Let  us  now  check  the  settings  of  PS02 


la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

a 

o  0  B©  ©  ©  BMjMfia  HE  ©  0 

Change  View  ” Activity  Control  Key":  Details 


frp 

New  Entries 

<3 

ca 

Control  key  PSG2 


[Network-  external  processing 


Indicators 

0  Scheduling 

0  Print  confirm. 

□  Det.  Cap.  Req. 

0  Print 

Gen.  costs  act. 

Sched.ext.op. 

0  Cost 

0  Print  time  tic. 

Confirmation 

Confirmation  possible  but  not  necessary 

Ext.  processing 

+  Externally  processed  operation 

□  Service 

Call  up  long  text 
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Let  us  also  check  the  settings  for  control  key  PS05 


Table  View 


Selection 


System  Help 


© 


i  o  y  i  ©  ©  ©  a  i  ca  i  q  q  a  ©  mM  t 


Change  View  "Activity  Controi  Key":  Details 

New  Entries  EQ  B  0  Hi  HI 


Control  key 

PSG5  [network- sernce 

Indicators 

0  Scheduling 

0  Print  confirm. 

0Det.  Cap.  Req. 

0  Print 

□  Gen.  costs  act. 

Sched.ext.op. 

0  Cost 

0  Print  time  tic. 

Confirmation 

Confirmation  possible  but  not  necessary 

Ext.  processing 

+  Externally  processed  operation 

0  Service 

1 .2.6  Account  Assignment  Categories  and  Document  Types  for 
Purchase  Requisitions 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Network-^ 
Settings  for  Network  Activities  ->  Account  Assignment  Categories  and 
Document  Types  for  Purchase  Requisitions 

Here  you  specify  purchasing  item  categories  and  a  purchasing  document  type 
for  purchase  requisitions  in  the  network 
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& 

la 

bleView  Edit  Goto  Selection  Utilities  System 

a 

o  O  i  ©©# 

Change  View  "Account  assignment  cai 


*p  a  m  n 

Order  category 

2G 

Network 

Document  type 

[MB 

[tfVch.requis.  Stand. 

Acct.  assign,  cat. 

Acct.  assgmt.  gen. 

F 

Order 

AcctAssCat  projects 

Q 

Proj.  make-to-order 

AccAssCat  SalesOrder 

E 

Customer  indiv.  reqt 

Sales  doc.  -  project 

D 

Ind.cust/settlm.proj 

Change  the  Acct.  assgmt.  Gen  from  F  to  N 


lableView  Edit  Goto  Selee 

;tion  Utilities  System  h 

a 

o  y  ©  ©  ©  i  e 

Change  View  "Account  assignment  cate 


Order  category 

2G 

Network 

Document  type 

NB 

Purch.requis.  Stand. 

Acct.  assign,  cat. 

Acct.  assgmt.  gen. 

N 

iNetworkj 

AcctAssCat  projects 

Q 

Proj.  make-to-order 

AccAssCat  SalesOrder 

E 

Customer  indiv.  reqt 

Sales  doc.  -  project 

D 

Ind.cust/settlm.proj 

Click  on 


y 
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1.2.7  Specify  person  responsible  for  work  center 


IMG  ->  Project  System  ->  Structures  ->  Operative  Structures  ->  Network  -> 
Work  Center  ->  Specify  person  responsible  for  work  center 

Here  we  create  person  responsible  for  work  center  for  a  plant. 


Click  on . 


New  Entries 


Update  the  following 


& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

B 

00  QGaGSiQ^. 

We  iv  Entries;  Overview  of  Added  Entries 


DP  B 

EIIhl  OH 

— 

1 

Pint 

Pers.  respons. 

Person  responsible  for  work  center 

B 

91 GG 

MW 

Mark  Wills 

0 

9100 

NC 

Neil  Castro| 

0 

E 

3 

!■ 

Click  on 


y 


1 .2.8  Define  parameters  for  Subnetworks 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Network  -> 
Define  parameters  for  subnetworks 

Here  you  maintain  the  following  parameters  for  subnetworks 
Network  type  for  the  subnetwork 

Network  type  of  the  activity  which  is  replaced  by  the  subnetwork 


Click  on 


New  Entries 
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& 

la 

bleView  Edit  Goto  Selection  Utilities  System  Help 

oy  ©©©  a 

New  Entries:  Details  of  Added  Entries 


^  B  @  13 


Network  type  subntwk 

Z9G1 

NtwkTy  replaced  act. 

Z9G1 

AM  Network  type  header  account 


Control  parameter 


Control  key 
Copy  dates 


PS05 

_ 


Network-  service 


Click  on  0 
Click 


c 


Click  on 


New  Entries 


Update  the  following:- 


Table  View 


Selection  Utilities  System 


a  0  @>(2© 


New  Entries:  Details  of  Added  Entries 

*p  B  ®  0 


Networktype  subntwk  Z902| 

3) 

NtwkTy  replaced  act. 

Z9G2 

AM  Networktype  activity  account 

Control  key 

PSG5 

Copy  dates 

m 

Network-  service 
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Click  on 


y 


1.3  Operative  Structures  for  Milestones 

1.3.1  Define  Milestone  Usage 


IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Milestones  -> 
Define  Milestone  Usage 


Here  you  define  milestone  usages. 

It  is  used  for:- 

1 )  T rigger  for  earned  value  analysis 

2)  It  is  generally  used  in  the  area  of  engineering  and  design. 

The  usages  values  can  be  used  in  selection  in  the  information  system 
There  are  standard  milestone  usages  defined  in  the  system. 


& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

& 

o  y|  ©  ©  ©  s  ca  kjT  ©  q  ©  ©  Hu  e  i 

Change  View  "Milestone  Usage":  Overview 


New  Entries  Oft  S  IE  B  IS 

Usa... 

Description 

BillPlanTy 

Date  catg 

S/F 

No  dialog 

00001 

Concept 

1 

□ 

00002 

Start  specification 

1 

□ 

00003 

Finish  specification 

2 

□ 

00004 

Start  execution 

i 

» 

1 

□ 

00005 

Finish  execution 

2 

□ 

00006 

Close 

2 

□ 
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& 

lableView  Edit  Goto  Selec 

tiori  Utilities  System  Help 
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Change  View  "Milestone  Usage”:  Overview 

*P  New  Entries  lift  B  IE  IS  Q 


Usa... 

Description 

BillPlanTy 

Date  catg 

S/F 

No  dialog 

PSG1 

Partial  billing  (deb.) 

2 

□ 

PSQ2 

First  start-up 

□ 

PS03 

Final  billing  (deb.) 

10 

02 

2 

□ 

PS04 

Down  payment  (deb.) 

10| 

>) 

2 

□ 

PS11 

Partial  billing  (cred 

30 

01 

2 

□ 

PS1  3 

Final  billing  (cred.) 

30 

03 

2 

□ 

PS1  4 

Down  payment  (cred.) 

30 

04 

2 

□ 

ZNET 

Create  network 

2 

□ 

ZREL 

Release  activities 

2 

□ 

1 

1.4  Project  Planning  Board 

1 .4.1  Define  Time  Profiles 


IMG  ->  Project  System  ->  Structures  ->  Project  Planning  Board  ->  Define 
Time  Profiles 

With  a  time  profile  you  specify  the  various  time  periods  for  working  in  the 
project  planning  board. 

Evaluation  period 

The  evaluation  period  defines  the  time  frame  for  working  with  and  displaying 
data  in  the  project  planning  board. 

Planning  period 

The  planning  period  defines  the  time  frame  for  carrying  out  current  planning  in 
the  project  planning  board.  The  planning  period  can  be  smaller  or  the  same 
as  the  evaluation  period.  The  planning  period  is  always  in  reference  to  the 
project  start  date. 

If  the  start  date  is  later  than  the  current  date,  the  planning  period  begins  with 
the  start  date. 

If  the  start  date  is  earlier  than  the  current  date,  the  planning  period  begins  with 
the  current  date. 
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Click  on 


New  Entries 
Update  the  following 


& 
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We  iv  Entries:  Details  of  Added  Entries 


Click 

Click 

Click 
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Update  the  following 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

& 
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<10  ©  ©  ©  q  sflu e  m 

New  Entries:  Details  of  Added  Entries 


^  B  @  0 


Time  profile 


Z90000GGG2 


AM  Time  Profile  for  Planning  Board  2  Mth| 


Evaluation  period 

Entry  type  J  Number  of  calendar  months 

Start  date 

-1 

Finish  date 

10 

Planning  period 

Entry  type  J  Number  of  calendar  months 

Start  date 

-1 

Finish  date 

10 

Click  on  0 


1 .4.2  Define  profiles  for  time  scales  (Optional) 

IMG  ->  Project  System  ->  Structures  ->  Project  Planning  Board  ->  Define 
profiles  for  time  scales 

Here  you  define  the  time  scale  profile.  A  time  scale  profile  describes  the 
properties  of  all  possible  scales  using  headings  for  the  time  axis  (day  scale, 
week  scale  etc.). 

The  time  fence  is  derived  from  the  possible  scales. 

Depending  on  the  current  scale  the  time  scale  is  generated  from  one  or  more 
scales. 

There  are  scales  with  the  following  headings: 

•  Yearly  split 

•  Quarterly  split 

•  Monthly  split 

•  Weekly  split 
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•  Daily  split 

•  Hourly  split 

•  Minute  split 

•  Shift  split 

We  will  work  with  the  standard  time  scale  profile  SAPPS_Z001  -  PS:  Standard 
We  will  check  the  configuration  settings  for  the  profile 


& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 
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Change  View  ’’"Customizing  Time  Scate  Profile’”’:  Details 
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1 .4.2  Define  Profiles  for  the  Project  Planning  Board 


IMG  ->  Project  System  ->  Structures  ->  Project  Planning  Board  Define 
Profiles  for  the  Project  Planning  Board 

You  can  maintain  different  values  in  the  profile  of  the  project  planning  board: 

•  Default  values 

•  Graphics  profile 

•  Fields  that  are  displayed  in  the  table  area  of  the  project  planning  board 

•  Parameters  for  the  time  display 

•  Change  indicator 


profile  1  for  time  scheduling 

Click 
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Update  the  following:- 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

1 

o  0  i  (2>©  ©  i  S  GO  C3  i  10  (fiffl 

Change  Vie w  "Project  Planning  Board:  Settings":  Details  of  Selected  Se 


Plan. board  prf  Z9000G00GG01  AM:  Project  Planning  Board  -  A  Grp 


General  data  ,  Table  area  Diagram  area 


Default  values  for  activities 
Work 
Duration 
Currency 
Print  data 


Graphics  profile 

Group  PS  SAPPS_PSST00 


Planning  board  assistant 


Changes 


0  By  last  proces.  0  Custom,  only 


Last  changed  by  TOEWEU 


Click  on 1 


Table  area 
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& 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

©  • 

<i  y|e  ©  ©  i  a  ca  csia  Qaanii 

Change  View  "Project  Planning  Board:  Settings":  Details  of  Selected  Se 

Plan. board  prf  Z9GGGGGGGGG1 

AM:  Project  Planning  Board  -  A  Grp 

General  data  Table  area 

Diagram  area 

Table  area/ 

Gantt  chart 

SAPPS  TPQGG1  |£>| 

Display  network 

Capacities 

0 

Width  of  char.  25G 

Components 

SAPPS_TPQGG1  |£>| 

Columnlndent 

Costs/revenues 

SAPPS_TPGGG1  £> 

Line  Height 

Order 

SAPPS_TPGGG1  |£>| 

Click 


Diagram  area 


System  Help 


a  <1  BieeeiBtaiBiaQiB aflu m  ® b 

Change  View  "Project  Planning  Board:  Settings Details  of  Selected  Se 


Plan. board  prf 


Z9OGG000OGG1  AM:  Project  Planning  Board  -  A  Grp 


General  data  Table  area  Diagram  area 


Diagram  area 


Display 
;  ShowTotal  float 
P  Show  fr.  buffer 
0  Disp.schd. dates 
Nonwork,  time 
Orig.  schedule 
Critical  from 
Constraint 


Time  bar  labels 


E 


Below 


© 


gjRight 


0 


Grid  lines / 

Profiles  / 

Time  grid  mode 

Time  profile 

SAPPS_ZGG1 

PS:  Time  profile  for  project  p 

Horiz.  lines 

Time  scale 

SAPPS_MGG1 

Time  axis  prj.plan.tab.(m 

Time  scale  prof 

SAPPS_ZGG1 

PS:  Standard 
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Click 


Click  on 


y 


2  Costs 


2. 1  Activate  Project  Management  in  Controlling  Area 


IMG  ->  Project  System  ->  Costs  -> 
Controlling  Area 


Activate  Project  Management  in 


Here  you  activate  the  project  management  in  controlling  area 


E7 

JableView  Edit  Goto  Selec 

tion  Utilitie 

s  System  Help 

© 

<i  hJ©  ©  ©  b  ]  cafl®  ®  s 

Change  View  "Basic  data":  Overview 

*p  New  Entries  B  B  #  H  @1  [1 


Controlling  Area 
^  Q]  Basic  data 

Activate  c  o  m  p  o  n  e  nts. 
Assignment  of  comp 


Overview  of  Controlling  Areas 


CO... 

Name  F] 

0001 

Kostenrechnungskreis  0001 

1000 

CO  Europe  LzJ 

2000 

CO  N.  America 

2200 

CO  France 

4500 

Canadian  Controlling  Area 

5000 

CO  Japan 

6000 

CO  Mexico 

7000 

CO  Brazil 

7500 

Argentina 

7600 

CO  Kolumbien 

7700 

CO  Venezuela 

7800 

CO  Peru 

8000 

CO  Chile 

9100 

A  Grp  Controlling  area 

AT01 

CO  Europe 

CH01 

Switzerland 

CP 

Food  &  Beverage 

FI  00 

CA  European  Banks 

F300 

CA  Banks  of  United  States 

R100 

IDES  Retail  Europe 

R300 

IDES  Retail  INC  US  >] 

8300 

IDES  Services  \*}\ 

■mmil 


Position... 


Select  91 00  a  Grp  ^ori^ro|iir|9 area! 
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Doubleclick  □  Activate  components. 


Change  View  " Activate  components/controi  indicators":  Detaiis 

New  Entries  ft  B  gj]  Ei  g=] 


The  check  box  should  be  selected  *  Pr°iectsto  activate 


Click  on 


y 
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2.2  Maintain  Value  Categories 


IMG  ->  Project  System  ->  Costs  ->  Value  Categories ->  Maintain  Value 
Categories 

Here  you  define  value  categories. 

Value  categories  are  intervals  of: 

•  Cost  elements 

•  Commitment  items 

•  Statistical  key  figures 

These  are  required  for: 

•  Updating  the  project  information  database 

•  Defining  structure  reports  for  costs,  revenues,  and  payments 

•  Updating  quantities  in  the  project  info  database  RPSQT 

Update  the  following :- 
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Click  on 


New  Entries 


tr¬ 
iable  View  Edit  Goto  Selec 

tion  Utilities  System  Help 

m 

00  o@©  Qcaca  m 0 

New  Entries:  Overview  of  Added  Entries 


^B18D 


Component 


CO  Area 


PS 


9100 


Click  on 


y 
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2.3  Assign  Cost  Elements  to  Value  Categories 

IMG  ->  Project  System  ->  Costs  ->  Value  Categories^  Assign  Cost  Elements 
to  Value  Categories 

Update  the  following 


Click  on 


New  Entries 


Update  the  following 


Ce7 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

ill 

s  ca  C8 1  ©  ft  £  ©  mm 

New  Entries :  Details  of  Added  Entries 


Click  on 


y 


PS  Configuration  Page  81  of  1 22 


www.sapficoconsultant.com 


Click 


© 


& 

lable  Vie1 

w  Edit  Goto  Selection  U1 

tilities  Syste 

m  Help 

i  I  @D©0©iQ  JGBi 


Change  View  "View  Maintenance/  Cost  Element  ■ 

QD  New  Entries  II^  B  ^  1&  ®  D 


Component 


PS 


CO  Area 


91  GG 


jval.cat. 

No. 

Text 

ZG2 

Engineering  External 

Similarly  assign  other  value  categories  to  cost  elements. 


Click  on 


New  Entries 
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Update  the  following:- 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

& 

0  ©  ©  © 

New  Entries:  Details  of  Added  Entries 

B  a  0 


Click  on 


y 


Click 


© 


Similarly  assign  the  following  category  to  cost  elements:- 


Value  cateqory 

Cost  element 

Cost  element  category 

Z01 

943204 

43  (Internal  activity 

allocn) 

Z04 

430004 

1  (Primary  cost  element) 

Z07 

400013 

1  (Primary  cost  element) 

Z12 

981000 

50  (Proj  related  incoming 
order) 
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2.4  Create/Change  Planning  Profile 


IMG  ->  Project  System  ->  Costs  ->  Planned  costs  ->  Manual  Cost  Planning  in 
WBS  ->  Hierarchical  Cost  Planning  ->  Create/Change  Planning  Profile 

This  step  was  already  configured  in  the  Investment  Management  step  number 
4.1.4 


& 

Table  View  Edit  Goto  Selection  Utilities  System  Help 

© 

m 

o0|©@© 

Change  View  "Planning  Profile:  Cost  and  Revenue  Planning  for  Pro, 

New  Entries  CQ  B  c^l  S  @  SI 


Profile 


Z91GGG  project  Costs  -  A  Grp 


Manual  planning 

Bottom-up  planning 

Planning  elements 

Time  frame 

Detailed  planning  and  unit 

costing 

Past  4 

Prim. CEIem. grp 

91 _ CE ALL 

Future  6 

Revenue  CE  grp. 

Start 

Sender  CCtr  group 

0Total  values 

Sender  act. type  grp 

0  Annual  values 

Stat.Key  Fig. Group 

Costing  variant 

PS01 

Representation 

Currency  translation,  overall  plan  value 

Decimal  places  2 

Exchange  Rate  Type 

P 

Scaling  factor 

Value  Date 

Remaindertranslat. 

Planning  Currency 

□  Default  Object  Currency 

Controlling  area  currency 

@  Object  currency 
©Transaction  currency 

Automatic  Revenue  Planning 
From  quotation 
From  Sales  Order 


REIem.f.billing  plan 


r 
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2.5  Assign  Plan  Profile  to  Project  Profile 


IMG  ->  Project  System  ->  Costs  Planned  costs->  Automatic  Costing  in 
Networks/Activities  ->  Costing  ->  Define  Costing  Variants 


Update  the  following 


|  l=Z 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

D 

<f  0|e©  N  C3  i  ©  ft  £3  ©|H]E 

Change  View  "Assign  Plan  Profile  to  Project  Profile":  Overview 

*P  ^  H  B,  Q 


F 

Prj.Prf 

Description 

Profile 

Text 

Z9GG1 

Investment  projects 

Z91GGG 

Project  Costs  -  A  Grp 

L 

Z9002] 

Project  Profile  Plant  Maintenance 

Z91GGG 

Project  Costs  -  A  Grp 

Click  on  O 


2.6  Define  Costing  Variants 

IMG  ->  Project  System  ->  Costs  ->  Planned  costs->  Automatic  Costing  in 
Networks/ Activities  ->  Costing-^  Define  Costing  Variants 

Let  us  see  the  configuration  of  Standard  SAP  costing  variant  PS02 
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& 

la 

bleView  Edit  Goto  Selection  Utilities  System  Help 

& 

«y  ©  ©  ©  Bfflcan 

Change  View  ” Costing  Variants ’’:  Overview 

Q|)  New  Entries  10  B  B  B 


Costing  Variant 

Name 

□ 

pppi 

broduction  Order-  Plan 

PPP2 

Production  Order-  Actual 

T 

PPP3 

Product  Cost  Collector 

PS02 

Network-  Plan 

PS03 

Network  -  Actual 

US02 

Network-  US  -  Plan 

US03 

Network  -  US  -  Actual 

Double  click 


PS02 


Network-  Plan 


Change  View  ’’Costing  Variants  Details 


-p 


Costing  Variant 

PS02 

[Network  -  Plan 

o 

Ziiiih 

Control  ^  Assignments  ^  Mis:. 


Costing  Type 

□ 

Valuation  Variant 

□ 

06  Production  order-planned  ill 

01 0  Network-  planned  ill 
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2. 7  Maintain  plan  costing  variants  for  network  types 


IMG  ->  Project  System  ->  Costs  Planned  costs->  Automatic  Costing  in 
Networks/ Activities ->  Costing^  Maintain  plan  costing  variants  for  network 
types 

Here  you  maintain  the  default  plan  costing  variant  for  your  network  type. 


& 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

a 

o|  ©  ©  ©|  a  kTcsI  s  b  a  ©!  n]  m  i 

Change  View  "Assign  Plan  Costing  Variant  to  Network  Type":  Ow 

^^!S1 


Pint 

Type 

Name 

CVPI 

Name 

9100 

Z901 

AM  Network  type  header  account 

PS02 

Network-  Plan! 

9100 

Z902 

AM  Network  type  activity  account 

PS02 

Network-  Plan 

Click  on 


y 


2.8  Maintain  Budget  Profiles 


IMG  ->  Project  System  ->  Costs  ->  Budgets  Maintain  Budget  Profiles 

This  step  was  already  configured  in  Investment  Management  configuration 
step  4.1 .5 
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& 

la 

bleView  Edit  Goto  Sele 

;tion  Utilities  System  Help 

i 

oyi©@©iB  10 

Change  View  "Budget  Profile  for  Projects":  Details 

New  Entries  Q 

sag 

Profile 


Text 


Z901 


f^S  Budget  Profile 


Time  frame 

Investment  management 

Past 

3 

Program  type  budget  Z910 

Future 

6 

Start 

0Total  values 

0  Annual  values 

Representation 

Availability  control 

Decimal  places  2 

Activation  Type  2  Usage  95.  GO 

Scaling  factor 

0  Overall  □  Object  Currency 

□  Releases 

Currency  translation 

Budgeting  Currency 

Exchange  Rate  Type 

P 

Value  Date 

Remaindertranslat. 


O  Controlling  area  currency 
@  Object  currency 
("■Transaction  curr. 

□  Default  Object  Currency 


2.9  Stipulate  Default  Budget  Profile  for  Project  Definition 


IMG  ->  Project  System  ->  Costs  ->  Budgets  Stipulate  Default  Budget  Profile 
for  Project  Definition 

Here  you  assign  the  budget  profile  to  the  project  definition. 
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Update  the  following 


| 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

a 

00  €>©€}  IE0 

Change  View  "Assign  Budget  Profile  to  Project  Profile":  Overview 

^  ^  1  B  D 


Prj.Prf 

Description 

Profile 

Text 

Z9GG1 

Investment  projects 

Z9G1 

PS  Budget  Profile) 

Z9GG2 

Project  Profile  Plant  Maintenance 

Z9G1 

PS  Budget  Profile 

Click  on 


y 


2.10  Create  Number  Ranges  for  Budgeting 

IMG  ->  Project  System  ->  Costs  ->  Budgets  Create  Number  Ranges  for 
Budgeting 


The  following  number  ranges  are  defined  in  the  standard  system: 

s  01  Project  budget 
S  02  Project  plan 
s  03  Order  plan 
s  04  Order  budget 

We  will  work  with  the  standard  number  ranges. 
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& 

Number  Range  Object  Edit  C 

?oto  interval  System  Help 

D 

'<10  e  ©  ©  ca  ca  i  ©■ 

Number  Ranges  -  Cost  Planning  and  Budgeting 


Click 


o 


to  display  the  number  range 


Nu 

tnber  range  object  Edit  Gc 

jto  interval  System  Help 

o  0  i  ©  ©  ©  i  a  ta  ca  acaaiiE  ® n 

Number  Range  Object  Overview 


Number  Range  Object 

PI anni ng/budgeti ng 

No  From  number 

To  number 

Number  status 

Ext 

01  0000000001 

0099999999 

0000000025 

02  0200000000 

0299999999 

0200000413 

03  0300000000 

0399999999 

0300000270 

10  1000000000 

1099999999 

1000000319 

11  1100000000 

1199999999 

1100000370 

04  4400000000 

4499999999 

4400000644 

05  4500000000 

4999999999 

0000000000 
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2.11  Define  Tolerance  Limits 


IMG  ->  Project  System  ->  Costs  ->  Budgets  Define  Tolerance  Limits 


Here  you  enter  the  tolerance  limits  for  availability  control. 

Availability  control  can  identify  budget  overruns  in  a  project  at  an  early  stage 
and  initiates  various  actions. 

You  activate  availability  control  for  you  budget  profile.  You  can  specify  one  or 
more  tolerance  limits  for  each  activity  group  for  a  budget  profile. 

This  step  was  already  configured  in  the  Investment  Management  step  4.1 .6 

We  will  see  the  configuration  done. 


& 

la 

bleView  Edit  Goto  Selet 

tion  Utilities  System  Help 

i 

«0|e©fciQ  lea  mm  < 

Change  View  "Project  Availability  Control:  Tolerance  Limits":  Ovei 

frP 

New  Entries  1®  S  [ 

181 

CO... 

Prof. 

Text 

Tr.Grp 

Act. 

Usage 

Abs.variance 

Grey 

91GG 

Z9Q1 

PS  Budget  Profile 

++ 

1 

£0.00 

EUR 

91GG 

Z9G1 

PS  Budget  Profile 

++ 

2 

1G5.GG 

EUR 

2. 12  Define  default  cost  elements  for  down  payments 

IMG  ->  Project  System  ->  Costs  ->  Actual  Costs  and  Forecast-*  Update 
Down  Payments  ->  Define  default  cost  elements  for  down  payments 

Here  you  define  the  cost/revenue  elements,  under  which  down  payments  are 
updated  as  expenses  in  CO. 

For  down  payments  referring  to  a  purchase  order,  SAP  system  uses  the 
purchase  order  cost  element.  If  there  is  no  reference,  in  this  the  case,  you 
need  to  define  one  cost  element  (category  01  =  primary  cost  elements 
general)  for  credit-side  down  payments  in  each  controlling  area,  or  one 
revenue  element  (category  11  =  revenue  elements)  for  debit-side  down 
payments . 
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When  you  assign  down  payment  or  purchase  order  costs,  SAP  System 
updates  the  account  assignment  objects  cost  center,  order,  make-to-order 
production  order,  WBS  element,  and  network. 


Update  the  following:- 


Table  View 


Selection  Utilities  System 


&  oy  e© $  a  gsi  i  oidie 


Change  View  "Down  Payments :  Default  Cost  Elements":  Overview 


Down  Payments:  Default  Cost  Elements 

CO... 

Name 

Vend.downp 

Cus.dwnpavlEf] 

91 GG 

A  Grp  Controlling  area 

415GGG 

810204  0 

Click  on  0 


2. 12  Create  Allocation  Structure 

IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations^ 
Settlements  Settlement  Profile  ->  Create  Allocation  Structure 

In  Allocation  structure  you  define  the  target  cost  element. 

Here  2  options  are  available:- 

1)  Using  the  original  source  cost  element 

2)  Using  the  settlement  cost  element 


Click  on 


New  Entries 
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Update  the  following:- 


& 

lableView  Edit  Goto  Choo 

se  Utilities  Extras  System  Help 

a 

00  ©©©  QK1G3  QiQjDSlO 

New  Entries:  Overview  of  Added  Entries 


a  n  b  n 

Dialog  Structure 

Alloc.  Structures 

^  Si  Allocation  structures 

Alloc. str. 

Text 

Itti 

^  ^Assignments 

□  Source 

□  Assessment  Cos 

□  Settlement  cost  e 

ZI 

Settlement  Network  to  WBS  elem| 

0 

a 

a 

s 

a 

a 

E 

a 

a 

E 

a 

a 

E 

a 

a 

E 

a 

a 

a 

a 

a 

a 

a 

e 

mTml  imm 

Click 


Select 


HUh 

zi 


Settlement  Network  to  WBS  elem 
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Double  click 


C]  Assignments 


New  Entries 


Click  on 

Update  the  following 


& 

la 

bleView  Edit  Goto  Choo 

se  Utilities  Extras  System  Help 

i 

o  q sacs i  10  ^ 

New  Entries :  Overview  of  Added  Entries 

^  S  1  8  D 


Dialog  Structure 

Allocation  structure 

Z1 

Settlement  Network  to  WBS  elem 

^  □  Allocation  structures 
^  SlAssignments 
r~l  Source 

□  Assessment  Cos 

□  Settlement  cost  e 

Assignment 

Text 

Overla... 

IE 

1 G 

Settlemen  of  all  Cost  Elementsl 

0 

E 

0 

a 

□ 

a 

Click  ® 

Update  the  following 


& 

la 

bleView  Edit  Goto  Choc 

se  Utilities  Extras  System  Help 

© 

& 

o  y  c©€»  a  tea 

We  iv  Entries :  Overview  of  Added  Entries 


*P  0  IK  ®  B 


Dialog  Structure 
^  P~l  Allocation  structures 
^  SlAssignments 
n  Source 

□  Assessment  Cos 

□  Settlement  cost  e 


Allocation  structure 


Z1 


Settlement  Network  to  WBS  elem 


Assignment 

Text 

Overla... 

10 

Settlemen  of  all  Cost  Elements 

QQO 

if 

Select 


H 

Assignment  Text 

Overla... 

i'G'i 

Settlemen  of  all  Cost  Elements 

jcoo 
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Doubleclick  ?s°urce 
Update  the  following 


& 

lableView  Edit  Goto  Choo 

se  Utilities  Extras  System  Help 

ii 

o  y  e©©  QacaiaBBa  mmum 

Change  View  "Source":  Details 


The  above  cost  element  group  contains  all  the  cost  elements  (primary  as  well 
as  secondary  cost  elements) 

i-.  .  .  ..  .  n  Settlement  cost  e 

Double  click  I 


Change  View  "Settlement  cost  elements":  Overview 
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Click  on 


New  Entries 


Update  the  following 


& 

la 

bleView  Edit  Goto  Choo 

se  Utilities  Extras  System  Help 

© 

a 

<i  o  ©©«  aoacs  atsoa  he 

New  Entries:  Overview  of  Added  Entries 

ip  til  [Si  I  ii|[jS 


2. 13  Create  Settlement  Profile 


IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations^ 
Settlements  Create  Settlement  Profile 


Here  you  create  a  settlement  profile  for  settling  costs  from  networks  to  the 
WBS  elements. 

The  settlement  profile  contains  a  range  of  control  parameters  for  settlement. 
Assign  the  allocation  structure  Z1  to  the  settlement  profile. 


Click  on 


New  Entries 
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Update  the  following 


r E7 

JableView  Edit  Goto  Selection  Utilities  System  Help 

Q 

i 

<i  y  ©©©  a  lea i  scaa  i  mm  ©ffl 

New  Entries:  Details  of  Added  Entries 

b  s  a 


Settlement  profile 


ZNWBS9  AM  -  Network  to  WBS 


Actual  Costs/Cost  of  Sales 

7 

Valid  Receivers 

@To  Be  Settled  in  Full 

Can  Be  Settled 

O  Not  for  Settlement 

G/L  account 

Settlement  Not  Allowed  © 

Cost  center 

Settlement  Not  Allowed  © 

Order 

Settlement  Not  Allowed  © 

WBS  element 

1  Settlement  Optional  1 

Default  Values 

Fixed  asset 

Settlement  Not  Allowed  © 

Allocation  structure 

Z1 

Material 

Settlement  Not  Allowed  !i 

Source  structure 

Network 

Settlement  Not  Allowed  © 

PA  transfer  str. 

Profit.  Segment 

Settlement  Not  Allowed  © 

Default  object  type 

WBS 

Sales  order 

Settlement  Not  Allowed  © 

Cost  objects 

Settlement  Not  Allowed  © 

Indicators 

Order  Item 

Settlement  Not  Allowed  © 

0 1 00%-validation 

Business  proc. 

Settlement  Not  Allowed  © 

0  %-Settlement 

Real  Est.  Object 

Settlement  Not  Allowed  © 

0  Equivalence  numbers 

j □  Amount  settlement 

Other  Parameters 

r 

□  Variances  to  Costing-Based  PA 

Document  type 

Max.no. dist.rls 

999 

Residence  time 

3|  Months 

Click  on 


y 


2.14  Specify  Default  Settlement  Profile  for  Project  Definition 


IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations-* 
Settlements  Create  Settlement  Profile 

Here  you  assign  the  settlement  profile  Z9  created  in  the  Investment 
management  material  to  the  project  definition. 
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& 

lataleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

1 

<i  y  e>@  ©  a sa csis^aa  10  ®  q 

Change  View  "Assign  Settlement  Profite  to  Project  Profile":  Overview 


Update  the  following 


& 

JableView  Edit  Goto  Selection  Utilities  System  Help 

0 

3 

0  a|e<3 ©§a 

Change  View  "Assign  Settlement  Profile  to  Project  Profile":  Overvi' 

*P  ^1  BD 


Prj.Prf 

Description 

SetlmtProf 

Text 

E 

Z9001 

Investment  projects 

Z9 

Settl  assets  under  const  A  Grp 

Z9002 

Project  Profile  Plant  Maintenance 

Z9 

Settl  assets  under  const  A  Grp| 

£ 

Click  on 


0 


2.15  Define  Strategies  for  Determining  Settlement  Rules 


IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations-* 
Settlement  ->  Define  Settlement  Rule  for  Network  ->  Define  Strategies  for 
Determining  Settlement  Rules 

Here  you  define  a  strategy  to  determine  the  settlement  rule  in  the  network. 

You  must  define  the  strategy  for  the  settlement  rule  in  the  parameters  for  the 
network  type. 


You  enter  the  sequence  in  which  the  settlement  rule  is  determined  for  each 
strategy: 

•  Copy  the  settlement  rule  from  the  WBS  element 

•  Copy  the  settlement  rule  from  the  project  definition 

•  Generate  a  settlement  rule  to  the  WBS  element 
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Generate  a  settlement  rule  by  default  (predefined  by  the  system) 
Maintain  a  settlement  rule  manually 


The  SAP  standard  strategies  for  settlement  rule  are  given  below 


& 

lableView  Edit  Goto  Selection  Utilities  System 

Help 

®  &  <  0  ©  ©  © 

e  a  ca  |q  vi  c 

Change  View  "Strategies  for  Settlement  Rule":  Overview 

New  Entries  ©|  S  [g.  [§.  g. 

Strat 

Name 

Typ 

Typ 

Typ 

Typ 

Typ 

01 

^s  WBS  element/project  definition 

2 

1 

3 

4 

G2 

to  WBS  element 

2 

1 

G3 

Default  rule 

1 

Q4 

Manual  settlement  rule 

05 

No  settlement  rule 

5 

Take  a  drop  down  in  the  field  Typ 


[IrWay  of  determining  which  settlement  rule  to  use  (1 )  Q:0H 


^1 Q  ISfllGfllW  |S^|ifA 


Typ 

Typ  Short  text 

Manual  maintenance  of  settlement  rule 

1 

Automatic  generation  of  settlement  rule 

2 

Generate  settlement  to  WBS  element 

3 

Copy  settlement  rule  of  the  WBS  element 

4 

Copy  settlement  rule  of  the  project  definition 

5 

No  settlement  rule 

We  have  assigned  the  strategy  03  in  the  parameters  for  network  type  Z901 
and  Z902  in  the  earlier  step  which  can  be  seen  below 
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& 

lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

1 

00  €>©©  Q  G3  G8  I  £3  ¥3  63  63  m  H]  3 

Change  View  "Network  type  parameters:  Overview Detaiis 

New  Entries  B  t^)  @  0  @ 


Plant 


Network  Type 


91 GG 


Z9G1 


Pune  factor/-  A  Ltd 
AM  Network  type  header  account 


Network  type  parameters 


Strategy 
Default  Rule 
Red.  strategy 
CstgVariantPlan 
CstgVariantActl 
Plan  Cost  Calc. 


G3  Default  rule] 

PS1  Networks:to  sales  ordJWBS  el. 

PSG2  Network- Plan 
PSG3  Network- Actual 
2  Determine  plan  costs 


& 


□  Wrkflw  PO  chg. 
0  ActvtyAcctAsgn. 

□  Net  order  price 

□  CollctveRequstn 


Status  change  documents 
0  Change  document 


Documents 


0  OrdStatChangeDc 
0  OpStatChangeDoc 
0  MatStatChngeDoc 
0  PRTStatChangeDc 


We  have  assigned  03  default  rule  which  has  automatic  generation  of 
settlement  rules. 


2.16  Assign  Strategies  and  Default  Rules  to  Network  Types 


IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations-* 
Settlement  ->  Define  Settlement  Rule  for  Network  ->  Assign  strategies  and 
default  rules  to  network  types 

Here  you  assign  a  strategy  and  a  default  rule  to  the  network  type.  The 
assignment  regulates  control  of  the  settlement  rule  for  activities  created  later 
in  the  network. 

PS1  is  SAP  standard  default  rule  for  network  to  WBS  elements  settlement. 
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Change  View  "Assign  Settlement  Rule  to  Network  Type":  Overvie v 

&  ffi  □ 


Pint 

Type 

Name 

DfR 

Text 

Strat 

Name  \[ 

91GG 

Z9G1 

AM  Network  type  header  ac... 

PS1 

Networks:to  sales  ord ./... 

G3 

Default  rule 

91GG 

Z9G2 

AM  Network  type  activity  a cc... 

PS1 

Networks:to  sales  ord./... 

G3 

Default  rule 

2.17  Specify  Default  Settlement  Profiles  for  Networks 


IMG  ->  Project  System  ->  Costs  ->  Automatic  and  Periodic  Allocations^ 
Settlement  ->  Define  Settlement  Rule  for  Network  ->  Specify  Default 
Settlement  Profiles  for  Networks 

We  assign  the  settlement  profile  ZNWBS9  created  by  us  earlier  to  the  network 
type  Z901  and  Z902. 


lableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

a 

00  ©  ©  ©  a  ca ca  i  ©  ^  ^  ©  mm 

Change  View  "Assign  Settlement  Profil  to  Network  Type":  Oven 

^^1  B  1 


Type 

Name 

Sett.  Prof. 

Text 

Z9G1 

AM  Network  type  header  account 

i 

Z9G2 

AM  Network  type  activity  account 

1 

Update  the  following:- 


lableView  Edit  Goto  Selection  Utilities  System  Help 


©  &  o  q  i  q  caca i  mw. 

Change  View  "Assign  Settlement  Profit  to  Network  Type":  Oven 

*$>  I  B  1 


Type 

Name 

Sett.  Prof. 

Text 

Z9G1 

AM  Network  type  header  account 

ZNWBS9 

AM  -  Network  to  WBS 

Z9G2 

AM  Network  type  activity  account 

ZNWBS9 

AM  -  Network  to  WBS| 

Click  on 


y 
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2.18  Determine  Strategy  for  Settlement  Rule 

IMG  -*  Project  System  -*  Costs  -*  Automatic  and  Periodic  Allocations-* 
Settlement  -*  Settlement  Rule  for  Work  Breakdown  Structure  Element-* 
Determine  Strategy  for  Settlement  Rule 

Here  you  define  the  strategy  for  automatic  generation  of  settlement  rules. 

The  strategy  is  used  to  determine: 

To  which  objects  the  settings  apply: 

>  Billing  element 

>  Account  assignment  element 

>  Neither 


Click  on 


New  Entries 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

i 

<10  ©  ©  © 

New  Entries:  Overview  of  Added  Entries 


^  B  1  S  Q 

Dialog  Structure 
'v  Si  Strategy 

Cj  Settings 


Strategy 

Description 

Z1 

Settlement  Rule  Inheritance 

■V 

|  Strategy 

Description 

m 

Settlement  Rule  Inheritance! 

Doubleclick  Dsettings 
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& 

la 

tale  View  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

ill 

<i  0i.  ©  ©  ©  a  a  i  a  ta  a  e  i  n  0  ®  n 

Change  View  "Settings":  Overview 


Click  on 


New  Entries 


Update  the  following:- 


Dialog  Structure 
^  □  Strategy 

Q]  Settings 


Strategy 


Settlement  Rule  Inheritance 


Click  on 


y 
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2.19  Assign  Strategy  to  Project  Profile 


IMG  -*  Project  System  -*  Costs  -*  Automatic  and  Periodic  Allocations-* 
Settlement  -*  Settlement  Rule  for  Work  Breakdown  Structure  Element-* 
Assign  Strategy  to  Project  Profile 


Here  you  assign  the  strategy  Z1  to  our  project  profile. 


& 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

a 

Change  View  "Assign  Strategy  to  Project  Profile":  Overview 


Prj.Prf 

Description 

Strategy 

Description 

Z9GG1 

investment  projects; 

12 

Settlement  Rule  Inheritanc 

Z9002 

Project  Profile  Plant  Maintenance 

Update  the  following 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

1 

<10  i a GaG&|&D&&|i3]E] 

Change  View  "Assign  Strategy  to  Project  Profile":  Overview 

^  HR  B  B 


Prj.Prf 

Description 

Strategy 

Description 

Z9001 

Investment  projects 

Z1 

Settlement  Rule  Inheritanc 

Z9002 

Project  Profile  Plant  Maintenance 

Z1 

Settlement  Rule  Inheritanc 

Click  on  O 


3  Dates 

3. 1  Define  Parameters  for  WBS  Scheduling 


IMG  -*  Project  System  -*  Dates  -*  Date  Planning  in  WBS  -*  Define 
Parameters  for  WBS  Scheduling 

The  profile  for  WBS  scheduling,  for  example,  contains  the  following  control 
parameters: 
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s  whether  the  dates  are  to  be  recalculated  automatically  when  saving 
s  whether  the  error  log  is  displayed  automatically  if  errors  were 
determined  during  scheduling 
■s  the  number  of  days  the  start  may  be  in  the  past 
s  whether  basic  dates  are  to  be  adapted  if  the  earliest  or  latest  dates 
of  the  network  change 
v'  maximum  reduction  level  for  reduction 

The  profile  for  WBS  scheduling  is  stored  in  the  project  profile. 


Click  on 


New  Entries 


Update  the  following 


& 

lableView  Edit  Goto  Selection  Utilities  System  Help 

0 

1 

New  Entries:  Details  of  Added  Entries 

®  E£l 


WBS  scheduling  prof.  Z9QGGQGGGQG1  A  Grp  Forward  Scheduling 


Scheduling 

Scheduling  type 

1  Forwards 

Start  in  past 

Schedul.  method 

WBS  determines  dates  El 

Adjust  bsc  date 

Autom. schedul. 

□  Automatic  log 

□  Latest  staging 

Shift  order 

Reduction 

Max.redn.  level 

Reduction  type 

Click  on 


y 
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4  Material 


4.1  A  vai lability  check 

Here  we  configure  all  the  settings  necessary  to  configure  the  material 
availability  check  in  networks. 

4.1.1  Define  Checking  Rules 


IMG  ->  Project  System  ->  Material  ->  Availability  Checks  Define  Checking 
Rules 


There  are  standard  checking  rules  available  in  SAP  system. 
The  checking  rule  relevant  for  us  is  PS  as  shown  below 


& 

lableView  Edit  Goto  Selec 

tion  Utilities  Syste 

11 

0  0  ©  ©  € 

Change  View  "Checking  Rule":  Ovei 

New  Entries  HQ  Q  ^  IB  SI  B 


ChR  Description  of  checking  rule 
PS  project  System-Checking  Rule 


4.1 .2  Define  Checking  Scope 


IMG  ->  Project  System  ->  Material  Availability  Checks  Define  Checking 
Scope 


Checking  group  and  checking  rule  determine  the  checking  scope. 

You  can  specify: 

•  which  elements  relevant  to  MRP  (goods  receipts/goods  issues)  are 
taken  into  account  (for  example  purchase  requisition,  purchase  order) 
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which  stock  categories  are  taken  into  account 


•  whether  replenishment  lead  time  is  checked 

Checking  rule  PS  is  maintained  for 
01  Daily  requirement 
02  Individual  requirement 
CH  Batches 


01 

Daily  requirements 

PS 

Project  System-Checking  Rule] 

& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

il 

<i  y  mm 

Change  View  "Availability  Check  Control Details 

New  Entries  ®  Q  ^ 

s  ®  @ 

Availability  check 


01 


Checking  rule 


rs 


Daily  requirements 
Project  System-Checking  Rule 


Stocks 

In/outward  movements 

*  Include  safety  stock 

0  Incl. purchase  orders 

0  StocklnTransfer 

0  Incl.  purch. requisitions 

0  Incl. quality  insp.  stock 

0  Incl.  dependent  reqs 

Q  Incl.  blocked  stock 

0  Include  reservations 

Incl.  restricted-use  stock 

0  Include  sales  reqmts 

0W/o  subcontracting 

0  Include  deliveries 

□  Incl. ship. notificat. 

Replenishment  lead  time 

Incl. depen. reservat. 

[5)  not  check 

0  Check  without  RLT 

Incl. rel. order  reqs 

Do  not  check 

Incl.  planned  orders  X 

Check  all  planned... 

Storage  location  inspection 

Incl.  production  orders  X 

Take  all  productio... 

□  No  stor.loc.  inspectn 

Missing  parts  processing 

Receipts  in  the  past 

Checking  period:  GR 

Include  receipts  from  past  and  future 
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tr¬ 
iable  View  Edit  Goto  Selec 

tion  Utilities  System  Help 

© 

0  0  ©  ©  ©§  B  a  G8  I  E  pi  m  ®  B 

Change  View  "Availability  Check  Control Details 


p 

New  Entries 

0  s 

Availability  check 


02 


Checking  rule 


PS 


Individual  reqmt 

Project  System-Checking  Rule 


Stocks 


0  Include  safety  stock 
0  StocklnTransfer 
0  Incl. quality  insp.  stock 
Incl.  blocked  stock 
□  Incl.  restricted-use  stock 
VV.i'o  subcontracting 


Replenishment  lead  time 


v  Check  without  RLT 


Storage  location  inspection 
□  No  stor.loc.  inspectn 


In/outward  movements 


0  Incl. purchase  orders 
0  Incl.  purch. requisitions 
0  Incl.  dependent  reqs 
0  Include  reservations 
0  Include  sales  reqmts 
0  Include  deliveries 
□  Incl.  ship,  notificat 
Incl. depen. reservat. 


Incl. rel. order  reqs 

Incl.  planned  orders 

I 

Incl.  production  orders 

* 

Do  not  check| 

Do  not  check 
Check  all  planned.. 
Take  all  productio... 


Missing  parts  processing 

Receipts  in  the  past 

Checking  period:  GR 

Include  receipts  from  past  and  future 

PS  Configuration 


Page  108  of  122 


www.sapficoconsultant.com 


Table  View 


System  Help 


0 


©  «  y  e  ;  10  i 


Change  View  "Availability  Check  Controi Details 


frp 

New  Entries 

ED  B  ^ 

a 

Availability  check 


Checking  rule 


Batches 

Project  System-Checking  Rule 


Stocks 


In/outward  movements 


0  Include  safety  stock 
0  StocklnTransfer 
0  Incl. quality  insp.  stock 
Incl.  blocked  stock 
□  Incl.  restricted-use  stock 
W/o  subcontracting 


Replenishment  lead  time 
0  Check  without  RLT 


Storage  location  inspection 
□  No  stor.loc.  inspectn 


0  Incl. purchase  orders 
0  Incl.  purch. requisitions 
0  Incl.  dependent  reqs 
0  Include  reservations 
0  Include  sales  reqmts 
0  Include  deliveries 
□  Incl.  ship,  notificat. 


Incl. depen. reserve! 

[S)  not  check 

Incl. rel. order  reqs 

Do  not  check 

Incl.  planned  orders 

X 

Check  all  planned... 

Incl.  production  orders 

X 

Take  all  production  1 

Missing  parts  processing 

Receipts  in  the  past 

Checking  period:  GR 

Include  receipts  from  past  and  future 

4.1 .2  Define  Checking  Control 


IMG  ->  Project  System  ->  Material  ->  Availability  Check->  Define  Checking 
Control 

Here  you  define  the  control  for  the  availability  check  of  materials,  production 
resources/tools  and  capacities. 

Which  check  rule  is  to  be  used  and  whether  a  check  is  to  be  carried  out,  is 
specified  depending  on  plant  and  network  type  and  the  business  transaction, 
for  example,  whether  the  check  is  to  take  place  when  creating  or  releasing  a 
network. 
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Click  on 


New  Entries 


Update  the  following:- 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

0 

a 

<us)|c©e  Qac8i©^tf©ii«]^j]  m o 

New  Entries:  Details  of  Added  Entries 


V  B  S  0 


Plant 

910G 

iPune  factory-  A  Ltd] 

QrderType 

Z9G1 

AM  Network  type  header  account 

Business  funct. 

1 

Check  availability  during  order  creation 

Material  availability 
No  avail,  check 

Check  material  availability  when  saving  order 
Checking  rule  PS  Project  System-Checking  Rule 
Type  comp. check  ATP  check 


Collect.conv. 


PRT  availability 
0  No  check 
Checking  rule 
Collect.conv. 


Capacity  availability 
0  No  check 


Overall  profile 

Collect.conv. 

Click  on 


y 


Click  on 


New  Entries 
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Update  the  following 


& 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

0 

1 

<ia  s  ] ca i a e £ gsjp m  (Dm 

New  Entries:  Details  of  Added  Entries 
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Click  on 


New  Entries 


Update  the  following 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

El 

o  y  e  Gala's  he  ®ta 

New  Entries :  Details  of  Added  Entries 

Q  SI  0 


Plant 


OrderType 


Business  funct. 


91 GG  Pune  factory-  A  Ltd 


Z9G2  AM  Network  type  activity  account 

Check  availability  during  order  creation] 


Material  availability 
0  No  avail,  check 

□  Check  material  availability  when  saving  order 
Checking  rule  PS  Project  System-Checking  Rule 
Type  comp. check  ATP  check 


Collect.conv. 


PRT  availability 
0  No  check 
Checking  rule 


Capacity  availability 
0  No  check 
Overall  profile 
Collect.conv. 


Click  on  0 
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Click  on 


New  Entries 


Update  the  following 


& 

JableView  Edit  Goto  Selec 

tion  Utilities  System  Help 

B 

00  ©  ©  ©  m s  ©a 

New  Entries:  Details  of  Added  Entries 
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5  Confirmation 


5. 1  Define  Confirmation  Parameters 


IMG  ->  Project  System  ->  Confirmation  ->  Define  Confirmation  Parameters 

The  configurations  for  the  confirmation  are  specified  for  each  plant  and 
network  type. 

You  can  specify  the  following  parameters: 

s  when  confirming,  a  final  confirmation  is  automatically  proposed 
s  the  dates  of  the  confirmation  may  lie  in  the  future 
s  the  error  log  for  cost  calculation  is  displayed 
s  percentages  for  the  allowed  deviation  from  work  and  duration 


Click  on 


New  Entries 


Update  the  following:- 


New  Entries:  Details  of  Added  Entries 
S  SI  0 

Order  category  20  Network 

Plant  ^^^^El9?00|[g)ne  factory-  A  Ltd 
Network  Type  Z901  AM  Network  type  header  account 


Default  Values 

□  Final  Confirmation 

□  Post  open  reservs. 

□  Propose  dates 

□  Propose  activities 

□  Milestone  automatic. 


Material  Movements 
□  All  components 


Selection 


□  Confirmed  ops 

□  Confirmable 


Checks 

0  Date  in  future 

0  WrkD  ev.  a  ctive  Wo  rk  d  evi  ati  o  n 

0  DurtnDev.active  Duration  deviation 


Workflow 
0  Wrkflw  for  work 
0  Duratn  workflow 


Logs/Error  handling 
0  Actual  costs 

□  Termination  for  Incorrect  Act.Costs 
□  Goods  movement 

□  Termination  for  Incorrect  Goods  Movt 


HR  update 


□  No  HR  update 

□  No  date  update 


Control  Data 
Process  control 


Mass  Confirmation 

□  Rough  Reversal 

Rough  Reversal  frm  Counter  Stats 

□  Simplified  Forecast  Work  Canceltn 


I  ]  DEV  (2)  (800)  a  server  INS 


- 

- 


2 
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Click  on  O 


Click  on 


New  Entries 


Update  the  following 


& 

la 

bleView  Edit  Goto  Selet 

tion  Utilities  System  Help 

SI 

00  ©@©  a 

We  iv  Entries:  Details  of  Added  Entries 
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Click  on 


y 


6  Final  check 

6. 1  Finally  check  the  Project  Profile 

IMG  ->  Project  System  ->  Structures  -^Operative  Structures  ->  Work 
Breakdown  Structure  (WBS)  ->  Create  Project  Profile 


Double  click 


Z90G1 


Investment  projects 
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& 

lableView  Edit  Goto  Selection  Utilities  System  Help 

0 

<K3|O0#|QGaGai&ft£&  00I® 

Change  View  "Project  Profile":  Details 

New  Entries  |[P  S 

Proj.Prof.  Z9GG1  [nvestment  projects 


Control  ^  Organization  Pig  board/dates  Controlling 


Basic  data 

Proj.type 

IP  Capital  Investment 

All  acct  asst  elem 

Field  key 

GGGGGG1 

User-defined  fields 

0  Only  one  root 

Version  prof. 

GGGGGQ1 

Standard  version  profile 

Trsfrto  proj.def. 

Simulation  prof 

Display  options 

1 

Identification  using  project  n 

0  ChangeDocuments 
0  Proj.  summ.  MastDa 

Level  of  detail 

1  G 

PartnDet.Proc. 


Validation 

□  Autom.  validation 

Project  def. 

WBS  elements 

Substitution 

^  Autom.  substitution 

Project  def. 

WBS  elements 

Project  stock 

@  No  stock 

O  non-valuated  stk 

valuated  stock 

Automatic  reqmnts  grouping 

Status  management 


PD  sts.  profile 


i.  M  .'n  -■  l-.  L-.-.+ 


Update  the  substitution  rule  we  created  earlier  in  the  project  profile. 
Also  update  the  status  profile  we  created  for  WBS  elements 
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Table  View 


Selection 


System  Help 


© 


a  «  y  ©  ©  e  a  < 


Change  View  "Project  Profile":  Details 


New  Entries 


S 


Control  ^  Organization  Pig  board/dates  Controlling 


Basic  data 
Proj.type 
Field  key 
Version  prof. 
Simulation  prof 
Display  options 
Level  of  detail 
PartnDet.Proc. 
Validation 
Project  def. 
WBS  elements 

Substitution 


IP  Capital  Investment 

User-defined  fields 
Standard  version  profile 

Identification  using  project  n 


All  acct  asst  elem 
0  Only  one  root 
Trsfrto  proj.def. 

0  ChangeDocuments 
0  Proj.  summ.  MastDa 


□  Autom.  validation 


Project  def. 

WBS  elements 

ZA00001 

0Autom.  substitution 


ZA0GOO1  Substitute  Responsible  cost  center 


Project  stock 

@  No  stock 

non-valuated  stk 

Gvaluated  stock 

Automatic  reqmnts  grouping 

PD  sts.  profile 

i  E) 

WBS  sts.  prof. 

91 0001  WB  AM  Projects  WBS-Elements 

ChangeDocuments 


Click 


Pig  board/dates 


PS  Configuration  Page  1 1 8  of  1 22 


& 

la 

bleView  Edit  Goto  Selec 

tion  Utilities  System  Help 

0  e  GSiSI  a  ^  10  ® 

Change  View  " Project  Profile":  Details 

New  Entries  EQ  B  @  E£j  H 


Proj.Prof.  Z9QG1  Investment  projects 


Change  the  items  which  are  encircled 
Also  change  the  planning  methd/basic 


PS  Configuration 


Page  119  of  122 


tr¬ 
iable  View  Edit  Goto  Selec 

tion  Utilities  System  Help 

0 

a 

oa|©@©  a i oca i gheIs 

Change  View  "Project  Profile Details 


Further  also  change  the  following:- 


PS  Configuration 


Page  120  of  122 


& 

lable  Vie1 

w  Edit  Goto  Selection  U1 

tilities  Syste 

m  Help 

s  y  ©0©  atacsis^jQsii 


Change  View  " Project  Profile":  Details 


°P  New  Entries  IQ  B  @  @ 


Project  planning  board 


Plan. board  prf 


Z9GGGGGGGGG1 


AM:  Project  Planning  Board  -  A  Grp 


Capacity  Requirements  Planning 


Tot.tab.  profile 

SAPPS_GGGG 

Tot.graphic.prf 

SAPPS_GGGG 

IndCapTabOvProf 

S APPS_6EG1 

IndCapGrpOvProf 

SAPPS_GEG2 

List  profile 

SAPPS_GGGG 

PS:  Cap. level. project  system  week  (tab.) 
PS:  Cap.lev.proj.sys.week  (2  scrn.graf) 
PS:WBS/lnd.cp/Wk.per.spl.(tab.)/timeSch. 
PS:  WBS/lnCpJWk.per.spl.(graph.)/timeSch 
PS:  Cap. level. project  system  week  (tab.) 


Hierarchy  Graphic 


Profile  group 

PS 

Profile 

H I ER ARCH Y_T 

(Tjme^schd.  prof 

1 3GGGGGGGGGG 

:ldesp^> 

PS  Configuration 


Page  121  of  122 


& 

Table  View  Edit  Goto  Selection  Utilities  System  Help 

a 

oh|©©©|q  a d 

Change  View  "Project  Profile":  Detaiis 

rr= 

New  Entries  Q 

S  0  s 

Network 


Network  Profile 

Z9G0GG1 

AM  Network  profile  header  acct. 

Network  asst 

2  For  WBS  element 

0  Display  network  hdr 


Project  planning  board 

AM:  Project  Planning  Board  -  A  Grp 

Plan. board  prf 

Z90000000001 

Capacity  Requirements  Planning 

PS:  Cap. level. project  system  week  (tab.) 
PS:  Cap.lev.proj.sys.week  (2  scrn.graf) 
PS:WBS/lnd.cpJWk.per.spl.(tab.)/timeSch. 
PS:  WBS/lnCp/Wk.per.spl.(graph.)/timeSch 
PS:  Cap. level. project  system  week  (tab.) 


Tot.tab.  profile 

SAPPS_G000 

Tot.graphic.prf 

SAPPS_GG00 

IndCapTabOvProf 

SMPPS_GE01 

IndCapGrpOvProf 

SAPPS_GE02 

List  profile 

SMPPS_G000 

Hierarchy  Graphic 


Profile  group 

PS|  g) 

Profile 

H I ER ARCH Y_T 

Time  schd.  prof 

000000000001 

Project  structure 

Click  on 


y 


PS  Configuration 


Page  122  of  122 


